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81 May 1959 

IGBCftAXSOM FOR : Comptroller, IFD 

rsipyistyp s Contract So* FP-309, ®*gh*i led Coapeny, 

Aircraft Division, Culver City, Cal* 


1* Contractor baa satisfactorily cesspieted the terms 
of tha subject contract* Final r eports here been delivered 
sad accepted. 

8, Attached ia a copy of Contractor*! letter dated May 6 , 
1959 , together with ita enclosures aa follows* 

a. Report of Inventions and Subcontracts. 

b. Royalty Bsport. 

*, Cantr*ctor*8 Bdeaae 

d. Contractor's of Refunds# Rebates, 

Credits and other amooa ta 


Copies of Contractor's final invoice were previously forwarded 
to you. A eepy of tba report of final audit by the Air Force 
Audit Liaison Officer ia alao attached. 


S* It la to be noted tint there aura several item of 
rcef&aal teat edpjpwnt * these have been coordinated with the 
Assistant for Technical Analysis and the Chief, Materiel 
Branch, and they concur that these items should remain at the 
Contractor** facility as OteverwwiJt-furaiahed agulpmaat* Action 
hM base t v**" to have the levy assume accountability for these 
Items* 


h. She foregoing constitutes final action on the subject 
contract. Accordingly, it ia reo e an wad s d that payment of Con- 
tractor's final invoice be made. It ia regusatad that such pay- 
mMKt be yy s** as expeditiously as pos s i ble for the reason that 
Contractor voluntarily refrained from pragmas billings at our 
mmiest for a period of approximately one year end made only the 
finAl Please advise this office when payment is made in 

order that our records may be appropriately adjusted and funds 
lipiidated- 

25X1 


DFD-BDy 


:pf 


Distribution: 

1 - Copp.,EPD 
1 - FP-300 (Contr.Corres) 
v 1 - Audit Liaison 
1 — Chief ,Mat *Br » ,DFD 

1 -i 3 


Chief, contracts Branch 


25 YEAR RE-REVIEW 


i^l - Chrono 
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